UNIT  CONSTRUCTION   COSTS                                  1569
Account 7703.2—Painting Woodwork.
All the woodwork was painted with two coats of lead and linseed oil in cream color.
Account 7704—Crushing Machinery.
This account covers the material cost and labor of installing the following machinery:
One 36-in. by 18-in. Farrell Crusher, second hand, weight
50,000  Ib..........................................   $1,000.00
Miscellaneous lumber..................................         93.61
$1,003.01 Account 7704.1—Chutes.
This account covers the cost of material noted below, the labor of fabricating the spouts, hoppers, and their erection:
1 Grizzly screen 3 ft. by 8 ft. made of 1-in. bars, having 2J-in. by
2J-in. openings,  framework made of yV,-in. plate and 3-in. by
3-in. angles. 1 Spout for grizzly, dumping on conveyor No. 4 made of f\\-m. steel
plate and 2-in. by 2-in. by i-in. angles,    j-in. C.I. liners used. 1 Hopper for crusher made of A-in.- steel plates 2}-in. by 2 J-in.
by |-in. angles.    f-in. C.I. liners used.
Account 7706-—Shafting, Pulleys and Belting.
This account covers the material cost and erection of the following:
1 PC. shafting 4 ,7(i in. by 6 ft. 6 in. with two collars.........    $29.64
1 PC. shafting 4 A by 5 ft. 3 in.......................... .      10.51
Two 4 A-in. rigid pillow blocks...........................      58.55
One 48-in. by 11-in. split pulley___.......................      47.59
One 36-in. by 16-in. split pulley...........................      43.71
Two 4 -iVin. safety collars..............................        5.39
43 ft. 10-in. two-ply leather belt..........................      60.80
42 ft. 14-in. two-ply leather belt..........................    220.37
Miscellaneous.........................................       0.79
$483.35
Account 7706—Motor.
This account covers the cost of the following material and the installa-
tion:
One 50-h.p. Crocker-Wheeler squirrel-cage motor with starter $478.41 Lumber for housing motor..........................,.....      35.23
$513.64 Account 7707—Power Wiring.
Account 7707.1—Lighting.
This account covers the cost and installation of the following material:
$170.71
